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Message Text 



UNCLASSIFIED 

PAGE 01 NIAMEY 00840 251232Z 
51 

ACTION OC-06 

INFO OCT-01 AF-05 ISO-OO SY-03 CCO-OO FBO-01 /016W 

078008 

R 251206Z MAR 74 
FM AMEMBASSY NIAMEY 
TO SECSTATE WASHDC 7385 
INFO AMEMBASSY ABIDJAN 
AMEMBASSY ACCRA 

UNCLAS NIAMEY 840 

DEPT FOREIC NSU, A/SY, A/OC 

ABIDJAN FOR RSO; ACCRA FOR RCO 

E.O. 11652: N/A 
TAGS ASEC ACOM 

SUBJECT: OC CONSTRUCTION PROJECT WEEKLY STATUS REPORT 

1. WEEK OF 19-25 MARCH 

A. WALL BETWEEN 48 AND 49 FORMED AND POURED. 

B. STRIPPING OF FORMS STARTED. 

C. GENERATOR ON LINE AND WORKING. 

D. CUTTING OF DOOR BETWEEN 46 AND 48 STARTED. 

2. STATESIDE SHIPMENT RECEIVED 23 MARCH. 

3. COMPLETIONDATE ESTIMATE IS NOW 15 APRIL. 

4. JOB OVERALL COMPLETE 12 PERCENT. 

5. ACOUSTICAL TILE: 

IF TILE NOT BEING ORDERED FOR NEW WALL, STILL NEED 100 
PIECES TILE TO PATCH WHERE DOORS REMOVED AND NEW DOORS 
CUT AND BLOCKED. PLEASE ADVISE.BUCHE 



UNCLASSIFIED 



NNN 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 25 MAR 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974NIAMEY00840 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D740063-0698 
From: NIAMEY 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t1 974031 8/aaaaaqio. tel 

Line Count: 50 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION OC 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: smithrj 
Review Comment: n/a 
Review Content Flags: 

Review Date: 10 OCT 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <10 OCT 2002 by shawdg>; APPROVED <10 DEC 2002 by smithrj> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: OC CONSTRUCTION PROJECT WEEKLY STATUS REPORT 
TAGS: ASEC, ACOM 
To: STATE 
Type: TE 
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